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ORIGIN FBOE-OO 

INFO OCT-01 EA-09 ISO-OO /010 R 

DRAFTED BY A/FBO:TMFARLEY;SGB 
APPROVED BY A/FBO:WFMCCOLLOUGH 

072522 

R 0222 12Z NOV 76 

FM SECSTATE WASHDC 

TO AMEMBASSY WELLINGTON 

UNCLAS STATE 269868 

FBO PROJECT SUPERVISOR 

E.O. 11652: N/A 

AGS: ABLD 

SUBJECT:NOB, LANDSCAPING PROPERTY 12313-A, CONTRACT 
3313-400-800 

REF: (A) WELLINGTON OM 12 OCT 76, (B) STATE OM 30 AUG 76 

1 . DEPT. HAS REVIEWED AND APPROVES THE REVISED LANDSCAPING 
PLAN DTD 30 SEPT. 76 ENCLOSED WITH REF OM (A). IT IS 

NOTED THAT REVISED LANDSCAPING PLAN REQUIRES APPROXIMATELY 
35 LF OF ADDITIONAL CURB AND GUTTER AT SOUTHWEST CORNER 
OF BUILDING, AND THAT FENCE LINE IS NOT CLEARLY DEFINED AT 
SOUTH-EAST CORNER OF PROPERTY. PLEASE BE ADVISED THAT 
APPROVAL OF REVISED LANDSCAPING PLAN DOES NOT AUTHORIZE 
CHANGES IN ANY WAY ON FENCE AT SOUTH EAST CORNER OF 
PROPERTY FROM WHAT IS SHOWN ON CONTRACT DRAWINGS. EMBASSY 
IS REQUESTED TO OBTAIN CONTRACTOR'S PROPOSAL FOR ADDITION- 
AL CURB AND GUTTER. 

2. DEPT. WILL ALLOW MINOR MODIFICATIONS IN REGARD TO THIS 
APPROVED LANDSCAP PLAN. PROVIDING THERE IS NO CHANGE IN 
DESIGN CONCEPT OR COST, AND THAT THESE CHANGES ARE COORDIN 
ATED WITH AND APPROVED BY FBO PROJECT SUPERVISOR. 
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3. EMBASSY IS AUTHORIZED TO PROCEED UNDER THE CONDITIONS 
OF REF OM (2) WHICH STATES THAT DEPT. HAS NO OBJECTION 
TO HAVING FENCING AND LANDSCAPING DONE UNDER SEPARATE CON- 
TRACT, PROVIDED THIS PROCEDURE WILL NOT AFFECT UPTON 
AND SHEARER'S PERFORMANCE ON THEIR PRINCIPAL BUILDING 
CONTRACT. ROBINSON 
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Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
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Drafter: TMFARLEY;SGB 
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Errors: N/A 
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